
Tanza Water District (TWD) 

Programs and Projects 2016 


Project Title 




Approved Budget 

Mode of 

Contractor / 

Project 

Remarks 

Location 

Beneficiaries 


(Contract Price) 

Procurement 

Supplier 

Status 

Procurement / Delivery of service vehicle for 
Tanza Water District (TWD), A. Soriano 
Highway, Tanza, Cavite 

Tanza Water District (TWD) 
office 

Office of the Board of 

Directors 

Php 1,500,000.00 

Php 1,421,290.00 

Public Bidding 

3909730 

CTM Ventures and Equity 

Group Inc. Hyundai 

Dasmarinas, Cavite 

Completed 
August 19, 2016 


Procurement / Delivery of four (4) units 

motorcycle for TWD field use. 

TWD office 

WRPDD/CASD 

Php 390,000.00 

Php 302,000.00 

Request for 
Quotation 

3942204 

Honda Des Inc., Tanza, 
Cavite 

Completed 
August 15, 2016 


Training and consulting in setting-up ISO 

9001:2015 of the whole operation of TWD 

TWD office 

TWD 

Php 250,000.00 

Php 200,000.00 

Request for 
Quotation 

4062793 

Macro Vision Consultancy 

Completed 
September 26, 
2016 


ISO certification for the operation, 
maintenance and treatment of water supply 
(for 3 years) 

TWD office 

TWD 

Php 280,000.00 

Php 259,840.00 

Request for 
Quotation 

4203890 

TUV Nord Phil., Inc. 

On-going 


Excavation, Backfilling with Compaction, 

Retirees Village 1, Mulawin, 
Tanza, Cavite 

Concessionaires 
Retirees Village 1 

of 

Php 7,468.83 

By Administration 


Completed June 
2016 


Pipelaying and Concrete Restoration 

Paradahan 1, Tanza, Cavite 

Concessionaires 

Paradahan 1 

of 

Php 48,771.86 

By Administration 


Completed May 
2016 



Biga, Tanza, Cavite 

Concessionaires 
Biga, Tanza, Cavite 

of 

Php 18,386.00 

By Administration 


Completed 
November 2016 



San Gabriel, Brgy. Daang 
Amaya 1, Tanza, Cavite 

Concessionaires 

San Gabriel 

of 

Php 7,365.00 

By Administration 


Completed 
October 2016 



Brgy. Daang Amaya III (Pulo), 
Tanza, Cavite 

Concessionaires 
Brgy. D. Amaya III 

of 

Php 12,099.50 

By Administration 


Completed 
October 2016 


Excavation, Backfilling with Compaction and 
Pipelaying 

Paradahan 1, Tanza, Cavite 

Concessionaires 

Paradahan 1 

of 

Php 4,150.80 

By Administration 


Completed 
September 2016 



Bagtas, Tanza, Cavite 

Concessionaires 

Bagtas 

of 

Php 29,912.40 

By Administration 


Completed 
September 2016 



Julugan II, Tanza, Cavite 

Concessionaires 
Julugan II 

of 

Php 15,551.50 

By Administration 


Completed 
October 2016 



Bucal, Tanza, Cavite 

Concessionaires 

Bucal 

of 

Php 4,122.05 

By Administration 


Completed 
August 2016 
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Installation of fittings on blow-off 

Promise Land Subdivision, 
Bucal, Tanza, Cavite 

Concessionaires of 

Promise Land 

Subdivision 

Php 109,866.20 

By Administration 


Completed 
October 2016 


Excavation, Backfilling with Compaction, 
Pipelaying and Concrete Restoration 

Sta. Cecilia II, Subdivision, 
Julugan VIII, Tanza, Cavite 

Concessionaires of 

Sta. Cecilia II 

Subdivision 

Php 47,770.90 

By Administration 


Completed 
December 2016 


Interconnection, jetting procedure 

Punta II, Tanza, Cavite 

Concessionaires of 

Punta II 

Php 22,909.00 

By Administration 


Completed 
October 2016 



